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Contract No. HF-32-27 
Amendment No. 2 


Perkin-Elmer Corporation 
Main Avenue SEP 29 1958 
Norwalk, Connecticut 
Gentlemen: 

1. This document consitiutes Amendment No. 2 to Contract 
No. HF-32-27 between the Perkin-Elmer Corporation, Norwalk, 
Connecticut, and the United States Government and said contract, 
as amended, is further amended as hereinafter set forth. 

ed 2. Pursuant to the provisions of Clause 2, entitled 

"Changes" of the General Provisions hereof, Exhibit "A" to the 
Schedule is amended as follows: 

(a) By adding the following new Item 15. 


"15. Adjustment and Service Testing of "C" System 
No. 4 including the following: 


(1) Adjustment and focus of optical system. 


(2) Installation of light baffles between 
primary and scanning mirrors. 


(3) Relocation of the gimbal to the center 
of gravity of the configuration. 


(4) Replacement of temporary modifications 
and installation of final modifications. 


(5) Electrical circuitry checkout. 


(6) Flight tests required to check focus 
and stablization. 


(reg aii a 3B 2ae7 
Ot eats. (7) Removal of flight test instrumentation. 
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(8) Conduct four (4) simulated operational 
missions of maximum range and altitude. 
(Tracker will also be utilized on these 
simulated operational missions. ) 
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om PART II - DELIVERY of the Schedule is amended by deleting 
the words and figures "22 August 1958" and in lieu thereof 
substitute "30 September 1958". 


4. PART III - ESTIMATED COST AND FEE of the Schedule is 


ended by increasing the estimated cost and fixed fee by 
respectively or a new total estimated 
cost of and total fixed fee of[ 


5. All other terms, conditions and requirements of the 
contract remain unchanged. 


6. Please indicate your receipt of this Amendment No. @ 
to Contract No. HF-32-27 and your acceptance thereof by executing 
the original and two copies of this Amendment. Return the fully 
executed original and one copy to the undersigned and retain the 
remaining copy for your files. 


Very truly yours, 


Contracting Officer 
ACKNOWLEDGED AND ACCEPTED 


PERKIN-ELMER CORPORATION 


Title General Manager 


Engineering & Optical Division 


Date September 30, 1958 
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